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DUNMORE HARBOUR. 



A Copy of the REPORT of Mr. Thomas Telford, dated 10th 
February 1821 ; and, a Copy of a Report of Mr. Alexander 
Nimmo, dated 20th February 1821 ; upon the Works of 
Dunmoue Harbour. 



(i.)— MR. TELFORD'S REPORT. 



Sir. 



Bangor Ferry, 10th February 1821. 



A GREEABLY to your directions, I proceeded to and examined the Works at 
the Harbour of Daman. They have now been carried to a very consider- 
able extent, and into upwards of thirty feet depth of water, at low water of ordinary 
springtides ; they have been performed in a manner which reflects equal ciedit on 
those who planned, and those who conducted and more immediately superintended 
the sundry operations. The performances, by means of the improved diving 
machine, contrived by the able engineer, Mr. IJimmo, will be an excellent model for 
similar works where a great depth of water is required, or where rocks are to be 
removed under watc-r. The resident manager, Mr. M'Gill, has, by sagacious con- 
duct and unremitted exertions, not only pushed on the works generally with regu- 
larity and dispatch, but has brought the diving bell operations, in great depths to 
ragfiSS ' of ' simplimtyrfafay and cetenty; which Is scarcely credible; the workmen 
actually preferring them to tile works above high water mark. All that relates to 
payments and pecuniary concerns, has been equally well conducted by Mr. Kobe 
Grubb, under the direction of the General Post Office. 

But having now . not only .provided effectual protection and accommodation for 
the packets, but also for the revenue and trading vessels of great draft of water ; 
and as any further extension, in so great a depth of water, with occasional inter- 
ruptions from violent storms, would be attended with much trouble and expense; 
I therefore recommend that the engineer be directed to take the necessary measures 
to complete the works now on hand, with all practicable dispatch, and without 
attempting any further extension. 

Although the harbour protection will be very complete the accommodation for 

passengers, after landing, will still be imperfect until a comfortable inn or hotel has 
been constructed near the landing-place; and for such an establishmentfheie is 
ample space on the cleared ground on the north side of the high ndge of rock, which 
forms a desirable protection, not only to that space but to the harbour itself. 

I cannot close this Report without stating, that when the works have been com- 
pleted as here recommended, a very valuable station will have been acquired m 
a very important point of the coast; and this, whether we regard the port ot 
Waterford and the fertile districts to the north and west of it, the occasional pro- 
tection to the revenue cruisers and general coasting traders or to the connection 
with the south western parts of England. 1 he accommodation will also . b suf- 
ficiently extensive for all that can be at present contemplated ; and if increased 
prosperity requires more, the present termination offers no obstruction to extending 
the works to meet the greatest possible demands. 

(Signed) TIIOMAS TELFORD. 

Edward S. Lees, Esq. 
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DUNMORE HARBOUR. 



(2.)— MR. NIMMO’S REPORT. 



DURING the season 1820, the rough mole of the pier at Dunmore has been 
carried out nearly to the extent proposed. The storms of December have brought 
it to the slope and firmness proper for receiving the pavement on the seafront. 
The quarrying for this pavement will, during next season, furnish all the additional 
rubble stone requisite to complete the extent estimated for. 

I would not recommend any further extension of this mole until the benefit of 
the harbour be more fully experienced ; and I have reason to believe the estimate 
formerly furnished, will cover all the expense of completing the pier in its proposed 
dimensions, viz. £42,500. 

Of that estimate, two grants of £. 1 2,000 each have been already voted by 
Parliament, leaving a balance of the estimate of £. 1 8,500. 

Ten thousand pounds are required to carry on the works during next season. 
These works will chiefly be, the completion of the pavement and parapet on the 
sea side, and the wharf wall on the inside of the mole ; for which last work it has 
become necessary to procure proper stone (especially for the diving bell part,) at 
some miles distance up the haven ; the quarry in the neighbourhood of the pier being 
nearly exhausted. 

For further information as to the present state of the harbour, I beg leave to 
refer to the report of Mr. Telford, who has lately visited the works, at the request 
of the General Post Office ; and which report I understand has been transmitted to 
Government. 



Dublin, 

February 20th, 1821. 



(Signed) ALEXANDER NIMMO. 



Irish Office, London,) 
7th May 1821. J 



True Copies. 
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